1568                                 UNIT  CONSTRUCTION  COSTS
Account 7406.01—Conveyor Wo, 22.
This conveyor is similar to No. 1. It has a 20-in. belt, making a conveyor 117 ft. long, with a 3-ft. rise, operating at a speed of 200 feet per minute with a capacity of 150 tons and taking f-iu. concentrates through a speeded feeder. The material account is segregated as follows:
Cost         Freight     Total
241-ft. 6-in. to 20-in. belt............      $432.38      $31.94  ..........   .
Feeder belt.........................         56.75....................
Hobins material.....................     1,367.50      169.07...........
Cent, switch........................         34.00         2.21...........
Miscellaneous material...............        317.14....................
5-h.p. motor........................         87.04.....................
$2,294.81    $203.22    $2,498.03 (See Fig. 13.)
Account 7407—Lighting.
The receiving bins were lighted with 22 drop lights using 100 volts A. C. current.
Crushing Plant Account 7701—Excavation.
This was a large rectangular cut for the Crusher Building made through cemented sand and gravel, with streaks of soil running through the cut hardened by caliche. The work was done with pick and shovel and handled by wheelbarrow into carts and hauled 225 ft.
Account 7702—Foundation.
This concrete was reinforced with J-in. and f-in. round, medium steel rods. It was cast in walls, 12 in. thick, about 12 ft. high and as a 12-in. floor slab. The concrete was machine mixed in the proportions of 5 sand and gravel to 1 cement and about 60 per cent, of the vertical surfaces were formed. It was wheeled in barrows 400 ft. up an 8 per cent, grade.
Account 7703—Steel Structure.
There were 5.17 tons of corrugated iron and 19.90 tons of structural steel used. (See account 7308.2.)
Account 7703.1—Doors, Windows and Frames.
The material here used for openings was as follows:
9 windows and frames 3 ft. lOf in. by 7 ft. 8 in., 24 lights. 4 sash and frames, 2 ft. Ill in. by 3 ft. 11} in., 9 lights.
Balance, butts, catches, etc...............................      25.38
Lumber for sills.........................................       6.93
$170.71
